To:  Bob  Nevins[bnevins@silverton.co.us] 

From:  Way,  Steven 

Sent:  Mon  6/29/201 5 1 0:00:29  PM 

Subject:  Re:  EPA  Work  - Red  and  Bonita  / Gold  King  mines:  Land  Use  Permit  Information 

Bob  - I'll  get  you  those  details  by  Monday.  We  may  start  a small  piece  of  work  to  prep  next  week 
with  Maisel  Constmction,  but  the  rest  of  it  is  as  planned. 

Steve 

Sent  from  my  iPhone 

On  Jun  29,  2015,  at  3:56  PM,  Bob  Nevins  <bnevins@silverton.co.us>  wrote: 


Hi  Steve, 

Thank  you  for  providing  the  land  use  applications  for  the  work  at  the  Gold  King  and 
Red/Bonita  this  July.  The  information  provided  is  useful.  A couple  of  questions: 

1)  Do  you  have  Site  Maps  that  identify  the  two  (2)  sites  and  work  area  boundaries? 

2)  Anticipated  hours  of  operation  (“x”  days/week  between am- pm). 

3)  How  large  are  the  work  crews/number  of  vehicles? 

4)  Any  large/oversize  vehicles  and/or  staging  areas  required? 

I will  prepare  the  Land  Use  Permits  after  July  4th  in  time  for  the  proposed  scope  of  work  to 
begin. 

Let  men  know  if  you  have  any  questions  and  I will  do  the  same. 

Thank  you,  Steve.  We  look  forward  to  working  with  you  on  the  successful  completion  of 
these  projects  in  San  Juan  County. 

Regards, 

Bob 
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Bob  Nevins 


Director  of  Planning 

Town  of  Silverton  and  San  Juan  County 
Tel:  970-387-5522,  Ext.  16 
Fax:  970-387-5583 
E-mail:  bnevins@silverton.CQ. us 


From:  Way,  Steven  f mailto:wav.steven@epa.qov1 

Sent:  Thursday,  June  18,  2015  2:48  PM 
To:  Bob  Nevins 

Cc:  Matt  Francis  (m.francis@erllc.com) 

Subject:  EPA  Work  - Red  and  Bonita  / Gold  King  mines:  Land  Use  Permit  Information 


Hello  Bob, 


Attached  are  the  two  land  use  permit  forms  completed  for  this  year’s  work.  Please  let  me 
know  if  you  have  questions  or  require  additional  information.  Also,  I will  be  in  town  next 
week  if  you  would  like  to  meet. 


Sincerely, 

Steve 


Steven  Way 

Federal  On-Scene  Coordinator 
Emergency  Response  Unit 
US  EPA  - Region  8 
1595  Wynkoop  Street 
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Denver,  CO  80202 


Office:  303-312-6723 
Cell:  303-886-1640 
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